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BILL NO. S-74-ll-<67 


SPECIAL ORDINANCE NO. S- 

AN ORDINANCE approving Change Order No. 3 
in connection with St. Joe Interceptor Sewer 
Resolution 272 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Change Order No. 3 to Bercot, Inc. in connection with 
St. Joe Interceptor Sewer Resolution 272 in the amount of $13,500.00, which is reim¬ 
bursable by EPA, as set out in the specifications, is hereby in all things ratified, 
confirmed and approved. 

SECTION 2. This Ordinance shall be in full force and effect from and 



APPROVED AS TO FORM 
AND LEGALITY, 














Read ts» first tins ia full aM cm motion by 


seconded by 


y and duly adopted, read the second time by title and referred 

U " ■ ■ -p 

to the Commit sa oa Cl 


CoEnnissida for recommendation) and Public Hearing to be held niter da's ’legal notice, 
at the-eaoHciXTJEixSasrs, City-County Building, Fort Ifeyne, Indiana, on 



Bates 


-Jf- 7f 


CXTT CLERK 


Read the third time in full and on motion by 



seconded by_. 



and duly adopted, placed on its passage. 


Passed by the following rotes 

AXES . ■ ■ ' KTflY.ej jO 

BHRIB 


ABSTAINED 


ABSENT 


to-witr 


HUTGA 
KRAUS ' 
MOSES 
IUCKQLS 
SCEMXDI, D. 
SCHMIDT, ¥. 
SIXER 
TAIARXCO 
BATEs, 




/ ^//P/7 


ft* 





Passed and adopted by the Common Council of the City of Fort Haynsy Indiana, 


as (Zon±ag"Map').(General) ~(Annexation) (Special) (Appropriation) .'Ordinance 


(Resolution) Ho < 




on 


the day of 4. 




n/Vft 197 W, 



#L. ATTEST: (SEAL) 'A 

-4 -V'~ " . . _ 


-f ' " 



CIST CLERK 


■ PRESIDING OFFICER 
Presented by me to the Mayor of the City of Fort ¥ayne,^ Ipdigna, on the 


day of 





197. 


/ 


an 


the hour of &o ! clock 





Approved and signed by me this 
at the hour of .• -P , o s clock 




day of 


CITS CLERK 


197„ 





















































































Bill No. S-74-11-57 


REPORT OF THE COMMITTEE ON CITY UTILITIES _ 

We, your Committee on Crty Uullltaes _ to w hom was referred an Ordinance 

approving Change Order No. 3 in connection with St. Joe Interceptor 

Sewer Resolution 272 


































CONTRACT C ORDER 


ge Order No. _ 3 __ 

: o j.ect No. C-180-475 _ 

iiOcation St. Joe In t. & State Road 3 


To:__ ^__ Bercot, Inc . 

(Contractor) 

Gentlemen: 


/.... ' ; -A ■ 


// 




Resolution No. 

Board Order No. 

Date _ SllMJk 


272 


7 


7 


2kO£22. 


You are hereby requested to comply with the fp-Mowing changes from the contract plans and 
specifications: 


Item No. 

Description of Change 

Change In Contract Price ’ 

Quantity 

Description 

Unit:' Pr 

Decrease 

Increase 

29 

150 ± L.F. 

For Boring & Liner 

(99.00 - 20.Of 

- 78.80 

) 

11,820.00 


29A 

150..± L.F. 

All material, labor, equip 






ment, etc. for open cut 
on item #29. 

lump sura 


$25,320.00 















. i 




Total Decrease 

Total Increase 

Net (Stecxxsss)(Increase) Contract Price 

$11,820.00 



$25,320.00 


$13,500.00 


The. sum of $ 13,500 .00 _is hereby (added to) the total 

contract price and the final contract price shall be in accordance with, the specifications 
of .this project. 


"The'.':, Aye provided for completion in the contract for this project is (increased) 

.( ' i) by __ 50___ calendar clays due to this Change Order. Furthermore, this 

document shall become an amendment to the contract and all provisions of the contract shall 

■ apply hereto. 


, Accepted b> 


Aghrwhd' - by 




(Contractor) 

Date 

7- A#- 74 



(8.P.C. Engr.) 

Date 

f -rT7"/4 

■ 

yy “A 

Jf- ‘ J>' i 'N * / 

( 1 ■ ! 

Date 
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Change Order. No. 
Resolution No. 
Board Order No. 


272 


78-1972 



REQUEST AND JUSTIFICATION FOR CHANGE 


1. Necessity for Change: The State Highway Department thru Lee Rush would 


no t a 11 ow. the bo ring -under S tate Road 3 because of poor soil no n d i r i 0 n s . 


Open cut of the road would be all that is a ccep table, without the ext ra- 
ordinary additional cost of tunneling with liner plates. 


2. Will proposed change alter size of the Project? Yes No X 


If yes, explain. 


3= Effect on operation and maintenance cost of this project. 
No change in operation and maintenance. 



Chief Water Pollution Control Engineer 































































Mumri. appr. 


DIGEST SHEET 

TITLE OF ORDINANCE: Special Ordinance ___ ^C? 

DEPARTMENT REQUESTING ORDINANCE: Board of Pub!ic Works _ 

SYNOPSIS OF ORDINANCE: The State Highway has refused to allow the contractor 
to bore under State Road #3 for installation of a section of the St. Joe 
lni-P.rcp.ptor Sewer Resolution 272 as set forth in the specifications. Therefore , . 

it is necessary to revise the specifications to do an open cut installation with 

the State arranging for a detour. 


EFFECT OF PASSAGE: _ Completion of Sewer 


EFFECT OF NON-PASSAGE: Additional costs to tunnel with liner plates. 


MONEY INVOLVED (Direct Costs, Expenditures, Savings): $13,500-00 to Uti1ity 
reimbursable by EPA. 


ASSIGNED TO COMMITTEE (J.N.): 







































